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<html> 

<b>Shop@Anywhere weekly engineering status</b> 

<br>3/21/01 -3/27/01 

<p>Escalations 

<ul> 

<li> 

None</li> 
</ul> 

Accomplishments 

<ul> 

<li> 

Product Page Anywhere</li> 

<ul> 
<li> 

Continued working on the Product Page Email JSPs and integration with the 



Search servlet.</li> 



<li> 

Integrated with Magic Carpet.</li> 
</ul> 

<Ii> 

Local Store</li> 

<ul> 
<li> 

Both the grid version and the stand alone version of the Mercant Compai 
are modified to show local stores. We are awaiting the activation of the 
proximity search interface at DCI so that we can start sending queries 
to DCI to look up local stores.</li> 

<li> 

Reviewed QA test plan.</li> 
</ul> 

<li> 

Shopping Widget</li> 

<ul> 
<li> 

Kept working on hosting issues with Ops.  We are close to a 

resolution.  

Laura is driving this.</li> 

<li> 

Reviewed HTML for the widget.</li> 

</ul> 

</ul> 

Issues 

<ul> 

<li> 

None</li> 
</ul> 

Next week 

<ul> 

<li> 

Product Page Anywhere</li> 

<ul> 
<li> 

Try to finish Product Page Email JSPs.</li> 



V. 



<li> 

Work on first drop to QA.</li> 
</ul> 

<li> 

Local Stores</li> 

<ul> 
<li> 

Wire Local Store Ul to DCI search URL, assuming their interface is live.</li> 
<li> 

Integration testing.</li> 
</ul> 

<li> 

Shopping Widget</li> 

<ul> 
<li> 

Resolve Ops issues.</li> 
<li> 

Work with P13n folks on the QA process</li> 

</ul> 

</ul> 

</html> 



